CRET 


Ace a2 
Approved For Release 2002/08/13 : CIA-RDP81B00878R000200020007-6 | S** 32647 


Copy /CF/ 


12 December 1957 


CMCC Doc. No. 151X5. 890 


. Copy / of 2 
cae Page 1 of 1 


Dear Dan: 


We are enclosing the monthly delivery status reports, 
schedule information and project fund status reports as requested 
by your letter No. 21169 dated November 14, 1957. The Contract 

aw A101 cost report will be forwarded to you within a few days, 


The delivery status reports and scheduling information 
set forth the status of Systems 1, 3, 4 and data reduction equip- 
ment as of December 1, 1957. Contract Al01, A102, and A103 
project fund status is prepared as of December 5, 1957. 


Sincerely, 
Bob 

0 Enclosures: 

w 2 copies each of the following: 


Delivery Status Reports, Systems 1, 3, 4, 
and Data Reduction, Customers A, Band C; 
Project Fund Status A101, Al02, and Al03. 


Copies 2a, 2b and 2d of the following: 
CMCC Doc. No. 221X%5. 3B 

CMCC Doc. No, 221X5.4, Rev. 1 
CMCC Doc. No. 221X5. 7A 

CMCC Doc. No. 221X5,11A 
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